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SPECIAL ORDINANCE NO. 5- 
AN ORDINANCE awarding a Contract 
by and between the City of Fort Wayne, 
Indiana, through its Board of Public 
Works and Safety and Fleming Excavating, 
Inc., for the development of Summit Park. 

NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL OF 
THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. The Agreement between the City of Fort Wayne 
Indiana, by and through its Board of Public Works and Safety and 
Fleming Excavating, Inc., for certain work to be performed at 
Summit Park for a total cost of One Million Four Hundred Eighty- 
One Thousand Six Hundred Sixty-Two and 22/100 Dollars ($1,481,662. 
is hereby ratified and approved. 

SECTION 2. The Board of Public Works and Safety, throug 
its members, is empowered and authorized to execute all Contract 
documents awarding the Contract to Fleming Excavating, Іпс., as 
noted on the attached Contract documentation. 

SECTION 3. That this Ordinance shall be in full force 


and effect from and after its passage and any and all necessary 


approval by the Mayor. 


ouncilmember 


APPROVED AS TO FORM 


AND LEGALITY 


Bruce О. BoxBerger, City Attorney 





-- 


Read the first time іп full and on motion by: р 
seconded Бу , and duly, adopted, read the second time. 
by title and referred to th mmittee E (and the City 
Plan Commission for recommendation). and Public Hearing to be eld after 


due legal notice, at the Co ers, City= ing, Fort Wayne, 
Indiana, on , the : А ‘day of 


г 49 , го! сТрек „М. PERS 

















Read the third time in full апа on motion Бу 4 ж 3 
seconded by = Ж NED ‚ апа duly a Ыс р1асеа оп 1%5 

















passage. PASSED (LOST) by the following vote: 
AYES NAYS `  ABSTAINED ABSENT TO-WIT: 
% гена а Ties ска ee eee 
TOTAL VOTES У 
BRADBURY да 
BURNS = 
EISBART = 
Же” 
GiaQUINTA 
HENRY ad 
REDD ода 
SCHMIDT we 
STIER P 
де 
TALARICO 








DATE: Ce S LM 


SANDRA E. KENNEDY, CITY CLERK 
Passed and adopted by the Common Council of the City of Fort 


Wayne, Indiana, аз (ANNEXATION) (APPROPRIATION) —(GENERAL) 


= 
(SPECIAL) (ZONING МАР) ORDINANCE LUTION) NO. ЖЕУ АРА 
on the ede day of 2 22270) dm PLES 


ATTEST: (SEAL) 


у 


SANDRA Е. KENNEDY, CITY CLER 







Presented by me to the Mayor of the Cit ort Wayne, Indiana, 


on the o? 26206 day of 19 Pa 


r 


M. ,EB. S.T. 





SANDRA E. KENNEDY, CITY CLÉRK 
| Approved and signed by me this LA. of 27v > > Ў 


19 gr atthe hour ог I1: 3-2 O'Clock JT- Моји. Ба 


WIN MOSES, ЈЕ., MAYOR 


* 
- 
* 







PHASE I RES. NO. 74 - 150-2 


PROJECT: SUMMIT INDUSTRIAL PARK SANITARY SEWERS ТЕ.О.А. NO. 06-01-02027 


LEGAL STATUS OF BIDDERS 
BID BOD 


MBE /WBE STATEMENT 
MINORITY FEMALE STATEMENT 


EQUAL EMPLOYMENT STATEMENT 
FINANCIAL STATEMENT 


CERTIFICATION OF NON- SEGREGATED FACILITIES 
НЕН DESCRIPTION 


| с sever Pipe, |мен 

fio sever Pipe, тода 
lise земате (ош 
15" D.I. Casing Pipe Class 51 60+LF 
тоға 
2 +E 


6" 'T' or ИМЕ! (incl. risers as necessary plus plugs) 11+ EA 





“ 


BERCOT , INC 


x 
= 
т 
= 
<р 
О 
= 


XTENSION| О.Р. | XTENSION| UP EXTENSIO 


[AN ШЕ 
5.544.001 17.94 | 7,893.60 17.00 | 7,480.00 
30,600.00| 19.60 | 33,150.00| 18.00 | 30,600.00 
з4,720.00| 28.17 | 43,663.50| — 20.00 | 31,000.00 
2 040.00] _ 28.81 | 1 128.60| 40.00 | 2,400.00 
15,400.00|1,223.64 | 12,256.40] 1,200.00 | 12,000.00 
4 560. 00 | 1,927.53 | 3,855.06|1,600.00 | 3,200.00 
2,255.00| 211.11 | 2,322.21 1,100.00 


2,700.00] 16.24 | 4114.80] 10.00 | 2,700.00 
300.00] 99.00| 29:80! 500.00 | 500.00 
4 515.00] 11.67 | 4 084.50) 13.00| 4,550.00 


Б 
ЙЕН 
NIE 
RECEN, 
10,603.00]. | 113,147.67] ____- | 95,530.00] ______ 
аы! ШЕК ЖАЙ 

| 23.09 11,314:10 8 ЖЗ ЕРЕ 
жн 

BMC 

INE 

pw 

ae 

үш 

ЖАР 


8,360.00) 16.50 
35 ,700.00| 17.00 - 


e 
= 
= 
o 
х 
-= 
m 
2 
e 
© 












































1,260.00 
28,900.00 


12.60 
18.00 


38,750.00 22.40 


1,200.00 


26.50 
20.00 


41,075.00 
1,200.00 


34.00 


15,000.00] 1,475.00 
2,500.00 


115.00 


14,750.00 
5,000.00 
1,265.00 


1,540.00 


4,000.00 2,280.00 


1,100.00 205.00 


2,430.00 10.00 


2,700.00 


6" Sewer Tap Line 270+ LF 


200.00} 300.00 300.00 300.00 


12" and 15" Pipe Bulkheads (one of each) 


Lump Sum 


г 





350+ СУ 4,450.00 


111,460.00 


3,465.00 
105,645.00 


Special Backfill #53 or #73 12.90 


SUBTOTAL OF BASE BID 


ALTERNATE £1 (Matrix Way) 


B" Sewer Pipe 490+ LF 


Std. 48" MH Type I-A 1+ EA 


6" 'Т' or 'Y' (inc. risers as necessary plus plugs) 4+ EA 


6" Sewer Tap Line 170+ LF 


Special Backfill #53 or #73 400+ CY 


SUBTOTAL OF ALTERNATE #1 
(DELETE) 


52741 ALTERNATE #2 (Disc Drive) 2 


Em 8" Sewer Pipe 770+ LF 
Std. 48" MH Type I-A 3+ EA 


6" 'T' or 'Y' (incl risers as necessary plus plugs) 5+ EA 


" Sewer Tap Line 250+ LF 


Special Backfill #53 or #73 300+ CY 


9,310.00 17.50 8,575.00 17.90 


1,650.00 
250.00 


8,771.00 23.09 


1,650.00 1,368.18 1,368.18 | 1,200.00 1,200.00 
820.00 173.26 693.04 100.00 400.00 
ЕД 


1,400.00 
340.00 


1,500.00 [1,400.00 


400.00 | 85.00 
9.00 | 1,530.00 


9.90 3,960.00 


1,700.04 19.25 3,272.50| 10.00) 1,700.00 
5,160.04 — 11.67| 4,668.00 | 13.00) 5,200.00 


16,830.00 


1,700.00 10.00 


12.90 


5,200.00 


іл 
о 
о 
о 
2 


18,110.00 15,805.00 


іі 05! 21,315.82 








10 A же! 13,398.00 17.00] 13,090:09 
4,680.04 1,258.22| 3,774.66 | 1,200.00 3,600.0d 
1,025.00 120.65 603.25 | 100.00 Я 


14,630.00 | 16.50 + 12,705.00 
4,500.00 3,825.00 

500.00 425.00| 250.00 
2,250.00 10.00 
2,970.00 12.90 


13.10 
1,560.00 





Нн uns РР җы ТТ 
3,8710. 11.67 3,501.00] — 13.00] 3,900. 
"UO NN тт 


то 
л 
o 
o 
о 
о 


3,900.00 


то 
w 
л 
хо 
о о 
о о 
о о 


SUBTOTAL ОҒ ALTERNATE #2 22,175.00 


TOTAL COST OF PHASE I (SANITARY SEWERS) 


BASE BID & ALT. NO. 1 - TOTAL 


26,030.00 


155,600.00 ое 143,625.00 


129,570.00 


142,897.00 160,552.90 135,950.00 


| 
ІШ 
Ш 
ІШІ 


КЕНЕЛЕ 





СОККЕСТЕО 






















РНАЗЕ ІІ RES. NO. 74 - 150-2 
WATER MAINS "Е ОА. NO. 06-01 -02027 
JOHN DEHNER , INC. BERCOT , INC. 


PROJECT: SUMMIT INDUSTRIAL PARK 
E: Т rene Wece/CpP ESTIM 


CONTRACTOR , 


CERTIFICATION OF NON - SEGREGATED FACILITIES 
he DESCR IPTION 


Dk юы ыкыс АР 
MET Oe oe a ERE i^ 
нына шл. аР 
|____ пејосаге neistine Fire Hydrants, |B 
Күз из у 25% 

Е ЕКРАНИ ЖИ та скы 


T-G EXCAVATING , INC. 


XTENSION оғ EXTENSION] u.P. |Ехтемвом ИР EXTENSION UP 


„416. 21,675.00 | 16.60 21,165.00| 19.98 25,474.50 26,615.00 
3,000.00 1,950.00 413.00 2,418.00| 231.25 1,387.50 500.00} 3,000.00 
1,523.00 


e 
= 
4 
Ф 
х 
= 
m 
ж 
Ма 
i 









































г 
о 
+ 
> 
о 
о 
eo 


2,700.00 2,700.00 3,046.00 | 1,967.50| 3,935.00 | 1,700.00| 3,400.00 
3,200.00 2.400.00 3;600.00 | 1,617.85| 6,471.40 2,400.00 


28,725.00 | | 30,289.0 37,268.40 30,475.00 
ди а МЕР 
ЕШ 52241 owa 
17,280.00 18,360.00 + 16.60 17,928.00 | 21.18) 23,522.40 18,360.00 
150.00 900.00 827.00 | 1,053.75] 1,053.75 1,500.00 
450.00 500.00 468.00 | 396.95] 396.95 100.00 
2,900.00 2,750.00 3,102.00 | 1,990.00] 3,980.00 3,600.00 
1,000.00 1,400.00 1,319.00 | 1,653.75] 1,653.75 1,500.00 
300.00 165.00 355.00| 185.99] ^ 185.99 300.00 
24,075.00 | | 24,059.00| | 30,792.84 | ^ | 25,950.00 

РМЕТ HERE ЕЕ ЕЕ 

I | BER aes 


13,280.00 14,110.00 16.60| 13,718.00 20.71| 17,189.30 17.00| 14,110.00 

1,000.00 300.00 600.00 464.00 928.00| 272.50 545.00 500.00| 1,000.00 

1,450.00 |1,375.00| 1,375.00 | 1,551.00| 1,551.001 1,990.00] 1,990.00 | 1,800.00| 1,800.00 
„379. 


= 
го 
A 
\л 
+ 
[ы 
"т 


29,316.00 


ALTERNATE BID #1 (Matrix Way) 


12" C1 #50 Ductile Iron Water Main 


1080+ LF 


1+ EA 





12" x 12" Tee (Restrained) 1+ EA 


[эу наоем 
|| 12" x 6" Reduceri 1% ЕА 
онтоо аа 
Bee rer ы 
| | илавите во өз (зе prive) оше | | 


а 12" CL #50 Ductile Iron Water Main 830+ LF 


12" x 221? Elbows (restrained) 2+ EA 


1+ EA 


E 12" Gate Valve w/Box 
ma и о — 


№ 
го 
о 
о 
о 
о 
o 


, 


51,996.00 


о ER. 
хо ~ 
о о 
- о 
о о 
о о 
о о 


1,000.00 1,400.00| 1,400.00 1,379.00 1,379.00 | 1,591.25] 1,591.25 | 1,500.00} 1,500.00 
300.00 165.00 355.00 239.19 300.00 300.00 
17,650.00 ES 17,991.00 ЖАРЫ! 21,554.74 ШЕ 18,710.00 


70,450.00 тара 12,339.00 


1+ EA 
1+ EA 


89,615.98 75,145.00 


51,996.00 


| 
| 














XTENSION 







; ‹ РНАЗЕ 111 RES. NO. 74 - 150-2 
PROJECT: SUMMIT INDUSTRIAL PARK STORM SEWERS E.D.A. NO. 06-01-02027 
RACTOR , ENG NEEE/CP PESTIM. [FLEMING EXC., INC. | T-G EXCAVATING , INC. JOHN DEHNER,, INC. BERCOT , INC 





NON-COLLUSION AFFIDAVIT 
LEGAL STATUS OF BIDDERS 
BI 

MBE/WBE STATEMENT 
MINORITY FEMALE STATEMENT 


EQUAL EMPLOYMENT STATEMENT 
FINANCIAL STATEMENT 


CERTIFICATION OF NON - SEGREGATED FACILITIES 
DESCRIPTION 


~ 
O 
о 2 
w 
о 
о 


ОР ов ExrNsoN| U.P. EXTENSION) ше EXTENSIO 


10100.00 оек 16,284.00 15,860.80 17,480.00 
300.00 300.00 250.50 | 16.74 251.10 | 19.00] 285.00 
9,360.00 7,410.00 7,956.00 1,285.20 8,385.00 


UR 


UNITS EXTENSIO O 


























НЕ 
ШШ 











BASE BID 


12" RCP Class IV 
12" CMP Gauge 16 15+ LF 
15" RCP Class III 


18" RCP Class III 


1,040.00 1,080.00 940.00 945.60 1,080.00 
2,250.00 | 32.00 | 2,400.00 2,002.50 2,518.50 2,437.50 
16,160.00 21,210.00 16,311.50 16,927.60 18,685.00 
23,600.00 25,960.00 26,314.00 25,842.00 26,550.00 
15,300.00 17,340.00 19,006.00 21,137.80 17,680.00 
3,900.00 4,095.00 4,368.00 4,895.80 | 75.50 | 4,907.50 
13,300.00 13,775.00 17,290.00 16,055.00 17,100.00 


40+ LF 


21" RCP Class III 75+ LF 


24" RCP Class III + 


30" RCP Class ІІІ 590+ LF 


w о 
хо то 
о о 
|+ |+ 
| ЕЗ 
Ко] "n 


іл 
о 
іл 
+ 

г 
^3 





36" RCP Class III 


42" RCP Class III 


65+ LF 


—— 


4B" RCP Class III 


БАРР PUTES SED ННВ CO EH 
E3ETECOCTUTOR ЖО ын 
Тасым ба а in, О ша рш 
ВЕИТ ETE СОВА [ш 
Бе ибн па БЕРТРАН ЕР” 
ace шыгы Т ыыр 
аяз от. е 
на 
Үй 


= со 
хо = 
o o 
1+ IF 
= t^ 
^3 ^5 


4,500.00 3,900.00 11,350.00] 4,050.00 |1,105.83 | 3,317.49 3,000.00 

1,700.00 |1,425.00 | 1,425.00 |1,380.00 | 1,380.00 [1,077.12 | 1,077.12 |1,100.00 | 1,100.00 

3,200.00 | 975.00 | 1,950.00 1,980.00 | 958.98 | 1,917.96 2,200.00 
ЕД = . 


2,500.00 2,150.00 2,210.00 |1,865.49 | 1,865.49 2,000.00 
3,000.00 |2,450.00 2,450.00 | 2,772.00 2,772.00 {2,203.08 2,203.08 |2,800.00 2,800.00 
‚600. 


; [2,800.00 | 
5,000.00 3,250.00 3,809.00 3,668.28 4,600.00 
400.00 900.00 1,400.00 2,640.00 1,200.00 
9,750.00 5,655.00 8,840.00 9,433.71 8,450.00 
2,000.00 1,680.00 2,640.00 2,814.24 2,600.00 
300.00 600.00 500.00 443.52 800.00 
100.00 100.00 203.00 109.30 75.00 
300.00 500.00 613.00 444,97 500.00 
600.00 150.00 975.00 949.58 800.00 


Std. Inlet Type I-G 4+ EA 


Type C Casting & Installation 2+ EA 








12" Metal End Section (Galvanized) 1+ EA 


EI 30" Metal End Section (Galvanized) 1+ EA 


ЕЗ 42" Metal End Section (Galvanized) 1+ EA 
ШЕ Special Backfill #53 ог #73 + 
ү T' x 5' Concrete Box Culvert 90+ LF 


1,150.00 |9. 5,445.00 7,095.00 6,418.50 7,150.00 
24,150.00 26,550.00 23,670.00 26,100.00 21,000.00 
200.00 400.00 300.00 264.00 1,000.00 
169,060.00 |__| 168,295.00 173,159.50 | _____| 175,446.64 | [179,865.00 
NES БЕН REIS 
Кива Ма е 

9,800.00 9,065.00 8,673.00 8,016.40 | 19.00} 9,310.00 
2,835.00 2,205.00 2,026.50 2,129.40 2,257.50 
390.00 405.00 352.50 367.35 405.00 
150.00 160.00 133.50 141.90 162.50 
озен 2,130.00 2,099.50 | 32.77 | 2,130.05 2,405.00 
15,000.00 16,500.00 16,725.00 18,502.50 16,875.00 
3,000.00 1,900.00 1,800.00 2,108.04 2,000.00 
1,700.00 850.00 871.00 920.04 |1,050.00 | 1,050.00 
3,000.00 2,300.00 2,560.00 2,137.08 2,800.00 
150.00 450.00 680.00 716.76 650.00 
2,600.00 1,980.00 2,580.00 2,334.00 2,600.00 
38,545.00 | | 38,501.00 


206,840.00 


30" Brick Bulkhead 2+ EA 


SUBTOTAL OF BASE BID 


ИЕ ALTERNATE #1 (Matrix Way) 


ЕЕ 
See ТА» пе ава а 
Ерин шшш шакше E OCT 
лый ш ЖЕЛЕТ К ҮЕ 
ышы ыр X NE АНА Т 
тш шшш с т es E: 


2+ ЕА 


о |5 i] 

хо 

alo 3 
+ |+ + 
ede о 
^ | K 


1+ EA 


1+ EA 


то Ww 
о - 
= іл 

|+ + 

са е 

> "^3 


0+ CY 


41,305.00 39,503.52 40,515.00 





210,365.00 


422255 





XTENSION 


ОНООС РАВ ам а DEA. Ао ши-ош 


ONTRACTOR , : ENGINGER/CDP EsTIM. [т.с EXCAVATING , INC. | JOHN DEHNER, INC. | ВЕНСОТ, INC. 
NON-COLLUSION AFFIDAVIT 

LEGAL STATUS OF BIDDERS 

BID BOD 

MBE/WBE STATEMENT 

MINORITY FEMALE STATEMENT 

EQUAL EMPLOYMENT STATEMENT 

FINANCIAL STATEMENT 

CERTIFICATION OF NON- SEGREGATED FACILITIES 
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PROJECT: SUMMIT INDUSTRIAL PARK 


| CONTRACTOR ( "емел ECR/CDP ESTI IM^ 


NON-COLLUSION AFFIDAVIT 


WR eene з Т ы 
| визе вто - тэноунттон ворана р | 


Concrete Curb & Gutter Type II-B 

о be placed - 
Compacted Aggregate Type "0" (6-in. depth) der curb) #53 
Asphalt Base No. 5D (880 #/SY) 


Asphalt Binder No. 9 (220 #/SY) 















Asphalt Surface State Mix 11-B (110 #/SY) 





Bituminous Mixture for Approach 
Уже c im а en 


Tack Coat 0.08 Gal./SY 


Sign - SPEED LIMIT 30 (R2-1) 24" x 30" 
Pavement Markings (6" White Thermoplastic) 
т SIC Сы р РЕ ыш 


ALTERNATE #1 - MATRIX WAY 






Common Excavation 


Concrete Curb & Gutter 


Plain Concrete Pavement 9" 


SUBTOTAL OF ALTERNATE #1 


TOTAL BASE BID & ALT. NO. 1 














ALTERNATE #2 - DISC DRIVE (DELETE) 


Common Excavation 


Concrete Curb & Gutter Type II-B 


Compacted Aggregate Type "O" No, 53 пое, Segnungen 






Asphalt Base No. 5 D (880 #/SY) 
Asphalt Binder No. 9 (220 #/SY) 





Asphalt Surface State Mix 11-В (110%/5Ү) 







Tack Coat (0.08 Gal/SY) 
Sign - NO PARKING (R-8-3) 12" х 18" 


Sign - STOP (R1-1 30" x 30") 
Sign - DEAD END (W14-1) 24" x 24" 


Pavement Marking (6" Yellow Thermoplastic) 
Integral Concrete Curb Type II-A 


Plain Concrete Pavement 9" 








SUBTOTAL OF ALTERNATE #2 


TOTAL COST OF STREETS 


CORRECTED 


„г ТЕЕ ЕЛГЕ 


UNITS EXTENSIO 








387+ SY 812.70 


740+ LF | 1,850.00 
7,122«CY| 9,494.60 


6,838+LF | 27,010.10 


470+ ТМ 3,995.00 
5 ,200+TN |122,200.00 


1,300«ТМ| 32,825.00 
18,546.00 


660+ TN 
60« TN | 2,700.00 
8+ TN | 2,600.00 


1,348+TN 
20+ EA 


11,458.00 


800.00 
4+ EA 200.00 
2+ EA 150.00 
3+ EA 150.00 
6,068«LF 


1,000«LF 


8,191.80 
1,350.00 


244,333.20 


1,240-СҮ 3,596.00 


2,115+LF] 8,354.25 


240+ TN 

2,150+TN| 50,525.00 
13,635.00 
7,581.00 

1,049.75 

240.00 


540- TN 
270+ TN 
3.23 TN 
6+ EA 
1+ EA 
1+ EA 
779+ LF 


285+ LF 


350+ SY 8,750.00 
98,159.90 


342,493.10 


2,543.30 
6,564.90 


1,3434CY 
1,6624LF 
182+ TN 

1,812+TN 


1,547.00 
42,582.00 
453+ TN | 11,438.25 
6,350.60 


887.25 


226+ TN 
2.73» TN 


4+ EA 160.00 
1+ БА 


1+ EA 


75.00 
45.00 


553+ LF 146.55 


285+ LF 1,211.25 


8,750.00 


350+ SY 
82,901.10 


425,394.20 





FLEMING EXC., INC. 







PHASE III 


STREETS 
T-G EXCAVATING , INC. 


XTENSIO XTENSION 














6,901.00 


2,590.00 | 1.60] 1,184.00 | 2.50] 

10,825.44 | 1.90) 13,531.80 21,152.34 28,488.00 

56,413.50 59,011.94 

3,760.00 2,993.90 
24.50 127,400.00 128,648.00 


32,825.00 
18,975.00 


2,736.00 45.23 2,713.80 


260.00] 2,080.00 


13,345.20 


29.08} 19,192.80 


267.00 2,136.00 


11.47 


60.00} 1,200.00 65.00 1,300.00 


90 
240.00 65.00 260.00] 59.40 237.60| 68.31 213.24 
180.00 65.00 195.00| 59.40 178.20] 68.31| 204.93 
55 
55 


211,971.36 


1,211.25 969.00 
20. 


105,236.01 


1.52| 2,041.36 


24.50| 44,394.00 


6,497.50 6,572.08 6,633.10 6,933.68 
267.00, 728.91 735.74 769.18 
240.00 260.00 231.60 213.24 
115.00 120.00 110.55 127.08 
118.00 122.00 112.48 | 117.59 117.59 
298.62 304.15 265.44 414,15 
р 08 
О 


260.00 709.80 


969100 832.20 840.75 877.8 
| 21.64 7,560.00 7,623.00 | 22.77 | 7,969.50 

Pu 89,076.53 NEM 91,113.42 
оти 


| ке. 

Б 
491,431.53 EE 492,451.71 

MES 

regem 


472,283.90 


| 2:92 
г 
383,207.37 у 
NET 


hs 
ТЕР 


292,937.20 


540.00 | 55 550.00 480.00 Ше 750.00 
Fu [x] 
БЕК | 2.97 


2,418.00 


- 1.95 
8.63 


2,040.00 1,920.00 1,528.80 | 6.60] 
52,675.00 53,191.00 53,685.50 : 
13,635.00 13,824.00 13,948.20 14,580.00 
7,162.50 7,851.60 7,924.50 8,283.60 
839.80 862.41 870.49 910.05 
360.00 390.00 343.20 409.86 
75.00| 115.00) 115.00 120.00) 110.55] 110.55] 127.08 | 127.08 
45.00 t 118.00 122.00 112.75 117.59 
1,051.65 420.66 428.45 373.92 584,25 
832.20 840.75 877.80 


2.92 


21.60| 7,560.00 


2,686.00 
14,343.06 


15,461.56 8,681.12 17,524.00 


саа 
Кы) 
18,252.45 18,379.35 


107,380.91 Eu 109,479.01 жс 115,879.88 


24.74] 44,828.88 45,245.64 : 
11,438.25 11,596.80 25.83| 11,700.99 27.00 | 12,231.00 


RES. NO. 74 - 150- 2 


JOHN DEHNER, INC. BERCOT , INC 


XTENSION UP EXTENSIO 
PER v 














2,128.50 1,935.00 


2.50| 1,850.00 
| в) 3,0200! 6.0] 3,243.00 


59,422.22 62,294.18 


24.97| 129,844.00 6.11 135,772.00 


25.83| 33,579.00 35,100.00 


19,371.00 20,248.80 
2,739.00] 47.13| 2,863.80 


269.50 


59.40] 1,188.00 1,366.20 


8 


2,912.64 4,551.00 
.15 


289,834.72 318,972.31 


2.97 
19,267.65 


1,584.00 1,656.00 


mee 
ааа 
ШЫТ” 
3,682.80 4,960.00 
Log 
[6.90 | 
| гет] 


26.11 | 56,136.50 


21.78 7,623.00| 22.77 | 7,969.50 


3,988.71 5,312.00 


14,442.78 9.11 15,140.82' 


2.97 


8.69 


26.11 47,311.32 


93,137.98 98 ,793176 


533,645.95 


E.D.A. МО. 06-01-02027 


XTENSION 





















RES. МО. 74 - 150-2 
E.D.A. NO. 06-01-02027 


PHASE 111 
STREET LIGHTING 


T-G EXCAVATING , INC. JOHN DEHNER, INC. BERCOT , INC. 






PROJECT: SUMMIT INDUSTRIAL PARK 


| CONTRACTOR : ENGIN ECR EP P ESTIM, | FLEMING EXC. INC. | 

hr mee Е MEUM 

emet [|1 ET 

Hacer Me ЕР 0. UNDER CI quis FOU кше Le 

о лышкан ПРИ Кы сус = 

Те ЖЫП ес a 
KEERAS BENT с. 


CERTIFICATION OF NON- SEGREGATED FACILITIES 
EXTENSION UP_PXTENSION 


DESCRIPTION BASE BID UNITS 





| 
| 











_—=_=_=—— 


35' Bronze Aluminum Twin Pole 12+ EA 10,320.00 1,170.00 14,040.00 | 1,824.00 21,888.00 1,155.00| 13,860.00 1,290.00 15,480.00 
250 Watt HPS Luminaire & Lamp 24+ EA 10,200.00 567.00 | 13,608.00 347.00 8,328.00 459.90] 11,037.60 366.00| 8,784.00 
ЊЕ 400 Watt HPS Luminaire & Lamp 11+ EA 4,675.00 581.00] 6,391.00 347.00 3,817.00 467.25] 5,139.75 366.00] 4,026.00 
35' Bronze Aluminum Pole 11+ EA] 9,075.00 1,080.00 | 11,880.00 1,575.00 | 17,325.00 1,155.00] 12,705.00 1,674.00} 18,414.00 


| 





х 
24 
т 
= 
a 
o 
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3-1/1C #4 AWG Copper Wire in Trench or Conduit 4,350+ LF КЕНЕТТЕН fo, там шс аи | 1.96] 8,265.00 | 
e xu mau mas rmes ил owes Саң ШЕСІ Т за 
нана a БЕЛ ИЕЛЕ стени Тост SA SL ee UT 






2-1/С #12 Stranded Copper іп Light Supports 





Fused Connector 





rr 


er с ША ле 
|| aso watt нео Luminaire & Lanp Ва БА 347-00 2,928.00 
3-1/C #4 AWG Copper Wire in Trench or Conduit: 1,250+ LF дава [ ге] зе | он) asooo] eiod _ 2,500.00 | 1.90 2,375.00 


2" Conduit in Place 





| | trench in Earth - 24" Deep 1,025+ LF| 1,281.25 2.05| 2,101.25 604.75 1,076.25 645.75 
[ | 2 тис #12 ив Wire in Light Supports 600+ LF| 240.00 126.00 42.00 114.00 42.00 
[M Fused Connector 16+ EA| 116.00 33.75| 540.00 18:75 300.00 | 24.68] 394.88 | 20.00 | 320.00 


à „52 


es e| па. ШШ 


ка 18.48 

mec use mee a жа 
| | 35' Bronze Aluninun Pole Tz Bal 5,175.00 | 1,170.00] 6,190.00 {1,575.00 | от вео [то] 0,005.00 | өн 11,716.00 |______ 
|____ 250 Watt HPS Luminaire 4 Lamp Та ва 159.94 3,219.30 | 366.04 eseo] __| 
[уг er Concrete Foundation with entry Grounding | 1% sal га стъ ва [эю ие. | ШЕКЕ СЕС ын wee 1,295.00 | ||| 
Ж 3 1/C #4 AWG Copper Wire in Tre ch or Conduit 1,100+ LF лүш [БЫК эшн MD BELLA ый 


Ес TOTAL BASE BID & ALT. NO 1. 





їй | 
ж 5254 12] 210.00 | uz 36.15 


та ta өле | 10:96| 1766 се» 


Grounding Lug 


. . . . 67.00 
Trench in Barth - 24" Deep оооу Le| 1,125.00 Pe шу | илен EU ы. 


Compression Connector 


= 
TOTAL COST ОҒ STREET LIGHTING |2 |пть59.15 | | [n20,T42.05 E 105,351.58 IBS 113,236.03 ЖЕШЕТ 103,888.09 


860,850.61 
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КЕ TOTAL COST OF PHASE III (STORM EWER, STREETS, STREET LTG 


9 TOTAL COST OF PHASE ІІІ BASE BID & ALT..NO. 1 


uuum n 
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CORRECTED 


Е ` Д РНАЗЕ Ту КЕ5. МО. 74-150-2 
| PROJECT: SUMMIT INDUSTRIAL PARK DETENTION POND TE.D.A. NO. 06-01-02027 










CONTRACTOR — ere рр вести [мїнє Exc. ме | TO ERGWATING, INC. оны DENNER, INC. [ BERCOT, ING. | 

NON-COLLUSION AFFIDAVIT _____ EE 
[ТЕВАГ Sram (OF Гын а ТОПУ аа о жду ет 
Пир нош" е СО В а дит Е сс е ОЕ О Е АГИ 
[Wa зна син а УВЕРИ С кр РЕЗЕ 
| МЇМӨНЇТҮ FEMALE! STATEMENT) 7 Сы р [з тее CH ВАН ей ре суз, ш 
PEQUAE ЕЙРОҮМЕНТ евтатементо C. с т c oss апке" = СС беа еше. 
pna stu О СС су ты | RR перо супена | 
Гето оғ пон: зееяеатво тв — | —— | —— | ү ы 

ТЕ 

IT ыл жақсы на LBS БИН Бұны жадырата прие аа are el 

| ышы ъыш ышы КТМ ЕТЕР КИЫН о КЕНЕП БЕІН ЕНСЕ БЕК ОЕ СОҒЫ ы сәг 

[эренин шелш ОЕ т ӨТЕ Бе Яс кр ЖҮ 72D А PEN 

Г есче and grading, 16" clay blanket construction psp em. ТЫ ee ашын Зал А ыы 

AECA | ts |16,%0.00 | 15 [126,000.00 + ts | 146,350.00 | 15 |186,100.00 | ts |220,00.00| | 

ESEA МЕ Fe Pc КОШИ ада E АКТЕРІ ЖИК КАЕ 

BENT ИО ЕВЕ ПБ ос ПИ PECES 998 шаа хасан E оын 

@ Including: Construction of core, dam, emergency AIC AERE Ше елен СД sy ЫПТЫ Re ee eee “ыу. 

ax primary overflow system, pond drainage system, outfall БЕКЕН БЕН реди каре as DESEE ВАК ae ыы 

К нан Ен НИ [us шына кин oe sens ace Mx eue oe ro Бе 

EX ex | | is | 5,000.00 | ts | 60,000.04 is | 32,753.00 | 15 | 71,500.00 | is — [soo | | 

| а 5 BUND ЖАШЫ ТТЫ ен T ШЕЛ атал END анан Бала ШЕБЕРІ 27524 

|___| rora созт or suse ту verentrow so ||| 245,000.00] _ [ооф] |итдълоз.00 | [259,600.00 | [seco | 

HESS TS SONS ARCEM ҰСЫ БЫН Таса қасты далы ERA EC DIEN ОРЛА Eee 

АБИ За аа BOULE Бак Шыны ЭБЕН CORRI ИШЕНИ сыра LUE SU ERR PME" 0:59 

АЛҒЫ ЗИ КЛ ERR ҰЯЛЫ NS ERES: жая жанама АБЫ ЕЖЕН ШЕ 

Ж БАКИ MER UI Ем a E жатат жкм тосын саса аа ыты сас 

ЗИ Қыска ТИРЕ АУ ЫН LIE БЕН ККЕ Нанды а ЫН DEGREE зе 

В И СТЫ АЛ А с ONES ЕС А У са [АРА быт E РОСИ 

EN RICE HESSE MEE КОСАН сауа тажы dat AMNES У ВИ РА 

м em тылы Бөкен иен ккал шағыла масы Бат T олан сату 

ва ЖБНЫК АШИ as БЕЛКИ ТЕРЕКЕ dea tu m. е 

HES TER Са N ИЛИШ КОССА ЕН ЕЖЕЛ АССА СОДА БЕН АРГУ 

DR сна МР асамын қолат жаа тағылса ылы ыла Ша дан NE зек 

БЕ как Шаа ыла а Сам ке о Н ELSE DEREN Бан аи ТЭН БД ПА ақылы ^c аа Бөле 

аха т ку но кын шыш сас ӘНЕ БЫН ЕЕЕ С ЦИ ОСО MM US 

Ек ына а тикалық ыстан ныл на наа е иген 

poe ceu Т Т МЕН eas c |... d ЕЕЕ ЕСЕ ЕГІ ШЕН Tre UMS ce IN 

CHI ANKE DE T. RN Doc FORM ERES: ОВА ааа талан аран ПР И БРЗИНИ Pd 

ИЕК КЕСАР ЕЛІН ҚАС ipo rp were ia AUD OI ЛЫ Ser cel 

ЕО атана Е сал PB канша MIO QA БОКЧУ ағ С S REUS Rae MER EE 

DUC ET MOX ERBEN DOS EC ECTS ОН АБ FS SCC ois d REC! COE RES ERN 

ES укн". — ГИНУ Is C LEE Баба RES кола Боя ес нат НЕ АЕ 

К зы чын, С л т ПБ Ж е кш REUS EE LENS 

Келе кашне Ккк а шан Ба Ee ачыу о кау 

ЕНЕҢ ИЛЕН БЕН ааа олан ББС ШО БАКЫ ОИ A 

ELO DUM ЕН БАТ ЙЫ QUE LI TRE | АЕН Ерзат ОЕ 

pee ee жен Келем qe prc E та ГОРАМА e rei E 

RS БИШНЕ E құсадан ана А ГИС GS ee 7 УРА 

БЕ ЕЛДЕ жалы ұна БОҒАН сақалы аса АРНО RR Бела 

СИ БАА ӨНЕ Бесағаш а кез? 

БЕС БАИ джы, О Бал ЕТЕ оо Ғыл РН eee 

Қа о vt scri ар СО аз a А ы 7 4 ТАРА 

ҚАЗЫНЫ Ны Ели ЕН ЦЗЕ ur co тасы дее E 

Еа дыт WS она Гази Re РАҒАН ТН 

БЫ ыш UNE aes О нарын қс БН ELM акы 

Ба ШАШЫ жалакы сасар жасы н ыа р. ЗА 

бе усу oe БЕЛІН ШАН epe] 

peu cl. s ML Ш ЫЫ РА 

EX REDE a ФОС ELEC S LAGE S Lc а seo 

EORUM БЕЛЕП ШЕКЕ DERE ЗЕН ТИ А SZ ТЕК ЫЕ ЕЕ ИА 

БЫЧ БЕН EN DNE Eb EN аа oa C E: 223 T 

Каса СИ Бин екен EORUM ECCE D BERE а Баман С Е Д 

paupe opo uoc ope we. ЗСО eure [rsen БЫ 





XTENSION 










PHASE V RES. МО. 74 - 150-2 ; 


PROJECT: SUMMIT INDUSTRIAL PARK ла E.D.A. МО. 06-01-02027 


CONTRACTOR SSCS ee LOM естм. | FLEMING EXC, INC. — | То EXCAVATING , INC. | занм DENNER, INC. | BERGOT Ne 
NON-COLLUSION AFFIDAVIT 


LEGAL STATUS OF BIDDERS 

BID BOD 

MBE/WBE STATEMENT 

MINORITY FEMALE STATEMENT : 

EQUAL EMPLOYMENT STATEMENT 

FINANCIAL STATEMENT 

CERTIFICATION OF NON - SEGREGATED FACILITIES 


DESCRIPTION UNITS EXTENSIO ON uP EXTENSION| U.P. EXTENSION UP EXTENSION UP 
Koka 9,064.00- 6,000.00. 16,000.00 12,100.00 9,280.00 
3,000.00 20,000.00 8,000.00 31,000.00 [31,600.00| 31,600.00 
6,456.00 10,135.92 20,336.40 17,754.00 22,596.00 
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Demolition of Existing Farm Structures 


egetation, debris, Гепсез 
Selective pruning & removal ОҒ, trash from site 


о 
> 
n 
01 
w 
H 
о 


Stripping & Respreading of Topsoil 6,456 CY 


Б 


Spillway Weir 1-74 LS 


4,000.00 7,895.00 14,823.00 |19,140.04 19,140.00 16,005.00 
4,000.00 10,725.00 17,306.00 23,320.00 22,543.00 
4,000.00 3,750.00 | 7,468.00 7,468.00 6,050.00 6,712.00 
14,873.00 5,850.00 23,974.00 21,500.00 27,784.00 
29,600.00 34,780.00 31,154.00 30,525.00 34,040.00 


Concrete Headwall 2-74 LS 


South Sign Wall LS 
North Sign Wall LS 


5" Wide Concrete Path А 


Concrete Bench Pad 6 EA 


276.00 1,200.00 123.00 738.00 220.00] 1,320.00 300.00 1,800.00 
эле [э 15,005.75 | за тад | _ v2.0] 10,600.00 | 13.00 | 21,459.00 


w 
- 
о 
© 
= 
^3 


Spillway Erosion Blanket 1,555 SY 


Floating Fountain & Fountain Unit Allowance 1 EA| 7,000.00 |7,000.00 7,000.00 | 7,000.00 | 7,000.00 7,000.00] 7,000.00 | 7,000.00} 7,000.00 


Floating Fountain: Labor & Materials to Install LS 


| 276.00 | ; 
| 12,440.00 | 
Pond Shoreline Erosion Control Mat 4! Wide 2,994.10 2,880.40 | 10] 4,169.00 4,358.50 
Gravel Beach 6" Thick w/Soil Separator 21,791.25 21,120.75 [| 9.90 | 36,871.50 38,711.25 
6' Bench | ему 3,300.00 | 835.00| 5,010.00 4,218.00 5,280.00 3,900.00 
Trash Receptacle 1,800.00 1,320.00 1,650.00 1,350.00 
Tree Transplanting 5,600.00 | 270.00 5,400.00 1,369.60 1,472.00, 
та | 
| 5 | | 


, , . . 
1,000.00 | 4,000.00] 4,000.00} | 958,00 | 1,958.00 | 3,000.00} 3,000.00 975.00 9755000 
10,130.00 |1,235.00| 12,510.55 | 1,200.00 | 12,156.00 1,605.00| 16,258.65 17,474.25 
xs se| превео“ [болб] вно азва 7.59.00 | 1,070.00] зао [1,150.0] 3,680.0 
‚185. 
„465. 


10.13 АС 


68.84 AC| 68,840.00 | 1,235.00| 85,017.40 |, 185.00 | 81,575.40 | 1,498.00|103,122,32 |1,610.00|110,832.40 
.32 AC} 320.00 448.00 | 1,465.00] 468.80 479.36 515.20 


Seed Mix IV 





Red Maple 3" 21 EA| 4,494.00 395.00] 8,295.00] 384.00 | 8,064.00 341.33| 7,161.93 366.85| 7,703.85 
Cockspur Thorn 9' 41 EA| 5,986.00 10,332.00 10,045.00 141.66| 6,054.06 6,506.70 
[имле EU IRSE иол, „у шк уш EL. 1,917.00] 207.00 | 1,863.00 | 232.19] 2,089.71 2,245.95 


Serviceberry 6' 20 EA 


Баланы ИМТ TT 


Zumi Crab 6! 56 EA 


London Plan 23" 4 


2,000.00 146.00| 2,920.00| 142.00 | 2,840.00 156.22| 3,124.40 | 167.90 | 3,358.00 
3,570.00 | 213.00]  4,473.00| 207.00 | 4,347.00 219.35| 4,606.35 | 235.75 | 4,950.75 


5,600.00 5,656.00| 98.00 | 5,488.00 136.96| 7,669.76 | 147.20 | 58,243.20 
1,264.00 1,976.00] 240.00 | 1,920.00 207.58] 1,660.64 | 223.10 | 1,784.80 


1,360.00 3,060.00 | 174.00 | 2,958.00 173.34 | 2,946.78 | 186.30 | 3,167.10 


[n 
E С за : БЕССИ 
ШЕГІ ШЕТ! Faso | үз | mee | ч. 
[ie oa ап Са Пена | өзне) m ла [mam [эзлэ [эеле [өе memm| _ 
ШЕШТІ sa завод [emp тә] оо | vanam [челе] amass [эз imn | ___|_____| 
MECE ar ail воо | cms aooo] me | aeoo | 2226 | «тле a [some | 
ШЕЕ Сте ess | 0.00) 3.0.00] ЕПС ЕЕС өнө | sere | ves [2997.5 | 
КЖ БЕСЕСДЕДІЕСЕЕЛІЛІЕСЕСДЕТІЕСЕНЕЛІЛЕЕІЛЕСІЛЕІЕ 


2,025.00 2,619.00] 283.00 | 2,547.00 | 364.87 | 3,283.83 3,529.35 
1,800.00 2,015.00] 392.00 | 1,960.00 2,252.35 | 484.15 | 2,420.75 


Austrian Pine 9' ý 


Austrian Pine 12' 5 EA 


3,600.00 6,996.00| 567.00 | 6,804.00 5,829.36 6,265.20 
6,225.00 10,034.70] 20.00 | 9,960.00 9,591.48 10,308.60 
3,318.50 5,481.15 | 23.00 | 5,359.00 5,734.13 6,162.85 
2,700.00 4,700.00} „58,00 | 4,580.00 4,066.00 4,370.00 
shh 5,160.00 4,675.20 5,025.60 
140.00 2,410.00| 12.00 | 2,400.00 1,534.00 1,650.00 
30.00 611.50] 12.00 | 600.00 452.50 486.50 
330.00 2,037.75| 12.00 | 1,980.00 1,623.60 1,745.70 
199.50 3,519.75] 12.00 | 3,420.00 2,134.65 2)294.25 
200.00 900.00| 4.40 | 880.00 2,996.00 3,220.00 
200.00 900.00] а.ао | 880.00 2,996.00 3,220.00 
200.00 900.00| 4.40 | 880.00 2,996.00 3,220.00 


Bald Cypress 5" 12 EA 


Froebel Spirea 15-18" 498 EA 


Arrowwood 36" 233 EA 
10 EA 






Pin Oak 33" 








o 
o 


іл 
хо 
то 
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480.ЕА 


White Waterlily 


Water Iris 200 EA 


50 EA 


Spatterdock 
165 EA 


Pickerel Plant 


Giant Bur Reed : 285 EA 


Red Oak Liners ' 200 ЕА 
White Ash Liner 200 EA 


Green Ash Liners 200 EA 


m| о 
то о 
іл o 
о о 
о о 


Black Cherry Liners. 200 EA| 200.00 . 880.00 | 14.98 | 2,996.00 | 16.10| 3,220.00 
Staghorn Sumac Liners 100 EA 100.00 . 14.98 1,498.00 16.10 | 1,610.00 


іл 
о 
о 


1,610.00 


220.00 14.98^ 11,498.00 


1100.00 225. 
______| гв,219.60 | _____ 502,172.54 
BH E cad 
oes |] 
КЕШ EX 


277,344.00 eae 403 ,867 ,82 


Grey Dogwood Liners 100 EA 
526,211.85 


SUBTOTAL OF BASE BID 


CORRECTED 


ДЕБЕРЕБЕНЕРЕ ЕСЕШЕНБІ 
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Грводест: SUMMIT INDUSTRIAL PARK | ыса LEOA но 06-01-2027 


CONTRACTOR : 
NON-COLLUSION AFFIDAVIT КӘДЕН 
LEGAL STATUS OF BIDDERS Dew ae 
BID BOD 
MBE / И ВЕ STATEMENT 
MINORITY FEMALE STATEMENT , 
EQUAL EMPLOYMENT STATEMENT 
FINANCIAL STATEMENT 
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ALTERNATE n DEUS ен зек Me ыы лын ШЕЕ 


DESCRIPTION UNITS Ехтемвю XTENSION U.P EXTENSION] U.P EXTENSION) UP EXTENSION UP 
Stripping and Respreading of Topsoil GB5CCY 485.00 15527.75 2.15 13333.75) 3.50 1,697.50 


2221. m ЖЕЕ ТН ЕТ SE, над Р-ГЕ "ia, лы 
eed Mix I 4361 St! 3,052.70 1,439.13 
. 0 . 


Uu 





= 


EE 
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52 


hite Ash 23" 5,100.00 | 213.00 | 6,390.00 6,965.70 | 249.55] 7,486.50 
ed Oak 3" 4,675.00 | 395.00 | 6,715.00 6,528.00 | 374.500 6,366.50] 402.50] 6,842.50 


Froebel Spirea 15-18" 465 EA 5,812.50 


за [эмие — 
По. [л рш 
База ыды ES Иен ТЕШ 
Шақ 


SUBTOTAL 


TOTAL BASE BID & ALT. NO. 1 304,469.20 


Seed Mix III 1.86 AC 1,860.00 |1,232.00 2,291.52 | 1,100.04 2,046.00} 1,498.00 2,786.28} 1,400.00 2,604.00 ЕШ 


BS БЕЛЕ Баз БЫН 
25,265.20 ИБН | орлеу ^ ЕРЗЕЛН ЫҢ ЕГЕРЕН БЕ БЕТТ [| 
|o vocemque ан қам Б ЫЙ шасы oscar toque ced 
ALTERNATE #2 (DELETE) | [ed Rr тылы ына SIE 


315.22 
Stripping & Respreading of Topsoil 492 CY 492.00 772.44 Два 328 7,549.80 


SUBTOTAL OF ALTERNATE #1 





И ,528. 374.50 
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umi Crab 6' 1,400.00 1,414.00 1,917.44] 147.20 2,08] ___||  — | 


eed Mix III 1.55 AC} 1,550.00 | 1,232.00| 1,909.60 | 1,100.00 1,705.00 2,321.90| 1,400.0 — 2,170.00 RSS 
ed Oak 43 " 1,116.00 640.00| 1,920.00 570.00 1,710.00 1,749.90]  559.00| 15677.00 Бұ 
SUBTOTAL OF ALTERNATE #2 29,573.10 жш 31,667.43 39,143.56 каза Taa aaaea | 41,729.08| | 
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ORS S ЕЛКЕ АЕ ЕТЕ ШИЕ БОР ОН 

КЫЫ Ba See БЕНЕН РЕКЕ СЫ 
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136.96 
Froebel Spirea 15-18" 5,812.50 9,369.75 | 19.69 9,114.00 | 19.26 
1,498.00 
598.30 


т 


TOTAL COST OF PHASE V (LANDSCAPING) 334,042.30 
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00 


RES. NO. 74 - 150-2 
E.D.A. NO. 06-01 -02027 
XTENSIO 

31,000.00 


XTENSION 
20,350 


JOHN DEHNER, INC. 
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РНАЗЕ УІ 
OFFSITE DITCH 


T-G EXCAVATING , INC. 


UP EXTENSION] U.P. 
25,332.00 


65,840.00 
408.4 


EXTENSION 
Eee 
149 ,646.2 


1,721 





24,000.00 
1,182,291 .60) 
226,796.2 
140,908.7 

460.00 
65,840.00 
1,625,296.6 
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STRIAL PARK 


TOTAL BASE BID 

о 
Engineering, & Inspection 
Administrative Cost 
Contingencies 
TOTAL CONTRACT 


TOTAL ALT 


О - 
NON-COLLUSION AFFIDAVIT 


LEGAL STATUS OF BIDDERS 


BID BOD 
DESCRIPTION 


- 
- 


PROJECT: SUMMIT INDU 


CERTIFICATION OF NON- SEGREGATED FACILITIES 


MINORITY FEMALE STATEMENT 
EQUAL EMPLOYMENT STATEMENT 


MBE /WBE STATEMENT 
FINANCIAL STATEMENT 


| СО 


ЕНІНЕН 


CORRECTED 
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BILL NO. 5-85-03-32 


REPORT OF THE COMMITTEE ON FINANCE 





WE, YOUR COMMITTEE ON FINANCE TO WHOM WAS 





REFERRED AN (ORDINANCE) (RESOKUS46N) awarding a Contract by and 
between the City of Fort Wayne, Indiana, through its Board of Public 


Works and Safety and Fleming Excavating, Inc., for the development 


of Summit Park 


























(KESOKUXXON) UNDER CONSIDERATION AND ВЕС 






HE COMMON COUNCIL THAT SAID (ORDINANCE) 


DO NOT PASS WITHDRAWN Яна 
NO 


BEN A. EISBART 
CHAIRMAN 


УРА JANET С. BRADBURY 
VICE CHAIRWOMAN 


хаее» SAMUEL J. TALARICO 


p ————————_——_—————_——_——_—-.____—— 


—— А 3 да THOMAS С. HENRY 





_ JAMES S. STIER 








CONCURRED IN ir ar бла - SANDRA E. KENNEDY 
CITY CLERK 


Admn. Appr. * 
DIGEST SHEET 
TITLE OF ORDINANCE | Special Ordinance М ДЕ KS -03 E 22; 
DEPARTMENT REQUESTING ORDINANCE Board of Public Works and Safety | 
SYNOPSIS OF ORDINANCE An Ordinance awarding a Contract by and between 
the City of Fort Wayne, Indiana, through its Board of Public Works 
and Safety and Fleming Excavating, Inc., for the development of Summit 


Park. 
кслс шнын кс е Ж ырс с TNNT ЕЈ oc, ee маш „ЭЕ 





EFFECT OF PASSAGE Summit Park will attract commercial offices, light 
БИТ yeoman iiic tasti eine egli cor a зд: әс eee der Lc р зн 


manufacturing and research and development activities. 
SIS ia шы Se ы у ae MM oS NOR T MUN] 


EFFECT ОҒ NON-PASSAGE Opposite of the above. 





MONEY INVOLVED (DIRECT COSTS, EXPENDITURES, SAVINGS) 51,481,662.22 





ASSIGNED TO COMMITTEE ( PRESIDENT) 


АУТА суы hM ADR) ми таа сыл? ғала ща 4 4 ' акы i UL c 


Invitation For Bids/Award of Contract* 


„2? ; а (FEDERALLY-ASSISTED Construction) 
PROJECT: Summit Industrial Park CONTRACT #: вез, # 13-150-2 
CONTENTS E.D.A. # 06-01-02027 
Check if Contained Pages 
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CERTIFICATION OF NON-SEGREGATED FACILITIES 
NON-COLLUSION AFFIDAVIT 

BIDDER'S BOND 

STATE BOARD OF ACCOUNTS FORM 96-А 

CERTIFICATE IN LIEU OF FINANCIAL STATEMENT 96A 
PREVAILING WAGE SCALE - STATE OF INDIANA 
FEDERAL WAGE SCALE 


PAYMENT BOND 
WARRANTY BOND Labor Material 


а АД ее те 


ШС ae MRA зл ONE MN SC UN MM РА ТОК на ока eee 
DISCOUNT FOR PROMPT PAYMENT 10 CALENDAR DAYS |20 CALENDAR DAYS |30 CALENDAR DAYS| OTHER 
(SEE GENERAL PROVISIONS CLAUSE O44 2 0.22 4 ер: Жар N/A = 
; Rue арт 


[DATE e| MENDMENT NO. 
8 





J ж Ke Se) * * Ж 
BID SUBMITTED 


Fleming Excavating, Inc. | CITY OF FORT WAYNE 
| Contractor BOARD OF PUBLIC WORKS AND SAFETY 


ACCEPTANCE OF BID/ANARD OF CONTRACT 









POG КҮ ^ 

Its: Secretary x 

Date: February 27, 1985 "m 

Bidder agrees to keep bid open for CITY OF FORT WAYNE 
acceptance for 90 (99 day MAYOR 


unless otherwise specified) 





ae AWARD DATE: 








*NOTE: AWARD WILL BE MADE ON THIS FORM. 


NOTICE OF AWARD 
TO: Пеш ар Excavating, Тиса oe 
RR #3, Box 295 A 
Decatur, ІМ 16773 
PROJECT DESCRIPTION Summit Industrial Park 


Res. Ло. 74-150-2, E.D.A.- Project No. 06-01-0202 





The OWNER has considered the BID submitted by you for the above-described 


WORK in response “во Ес Advertisement for Bids dated 
Jan. 18,726 & Feb. 8.15 1985 » and Information for Bidders. 


You are hereby notified that your BID has been кн for items іп the amount 
of $ 1.481 1662.22 - 


You are required-by-the- Information for Bidders to execute the Agreement and 
furnish the required Contractor's Performance Bond and Payment Bond within 
ten calendar days from the date of this Notice to you. 


If you fail to execute said Agreement and to furnish said bonds within ten 
days from the date of this Notice, said OWNER will be entitled to consider 
all your rights arising out of the OWNER'S acceptance of your BID as abandoned 
and as a forfeiture of your Bid Bond. The OWNER vill be entitled to such 
other rights ав BEES SUED by law. 


You are required to return ап acknowledged сору of this NOTICE OF AWARD to 


the OWNER. Фе си 
ЕК5/6 SAFETY 


г, Director 


Dated tnis 13th day of March 






ACCEPTANCE OF NOTICE 





David J. Kies 
of Public Works 


Receipt of the above NOTICE OF 
AWARD is hereby acknowledged 





Cosette R. Simon, Director 
this the 14 бау ОЕ March ___of-Administration & Finance 


98-623. | тылы «о 0). (Сш. 
+ 4 - Lawrence D. Consalvos, Director 
By 724 7 uM, Public Safety 


TIU President 
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АСКЕЕМЕКТ 


This Agreement made and entered into this day of 
198 | , by and between the City of Fort Wayne, hereinafter called OWNER, 
and Fleming Excavating, Inc. (2. со ы NUNTIUS: GRUT M c 


hereinafter called CONTRACTOR, іп consideration of the mutual covenants 


hereinafter set forth, agree as follows: 


ARTICLE 1. WORK 


CONTRACTOR shall complete all Work as specified or indicated in the Contract 
Documents. The Work is generally described as follows: 


"Summit Industrial Park" 
EDA Project No. 06-01-02027 


ARTICLE 2. CONTRACT TIME 


2.1 The work will be completed and ready for final payment in accordance 
with Paragraph 14.13 of the General Conditions within two hundred seventy 
(270) days after the date when the Contract Time commences to run. 


222 Liquidated Damages. OWNER and CONTRACTOR recognize that time is 
of the essence of this Agreement and that OWNER will suffer financial 
loss if the Work is not complete within the time specified in Paragraph 
2.1 above, plus any extensions thereof allowed in accordance with Article 
12 of the General Conditions. They also recognize the delays, expense 
and difficulties involved in proving in a legal or arbitration proceeding 
the actual loss suffered by OWNER if the Work is not completed on time. 
Accordingly, instead of requiring any such proof, OWNER and CONTRACTOR 
agree that as liquidated damages for delay (but not as a penalty) CONTRACTOR 
shall pay OWNER two hundred fifty ($250.00) Dollars for each day that 
expires after the time specified in Paragraph 2.1 for completion until 
the Work is complete. The liquidated damages charged shall be deducted 
from the Contractor's Progress Payments. 


Ps In addition to liquidated damages, all engineering and inspection 
costs incurred after the specified completion date shall be paid by the 
Contractor .to the OWNER prior to final payment authorization. Charges 
shall be made at such times and in such amounts as the Engineer shall 
invoice the OWNER, Provided, however, said charges shall be in accordance 
with the Engineer's current rate schedule at the time the costs are 
incurred. The engineering and inspection costs incurred after the specified 
completion date shall be deducted from the Contractor's Progress Payments. 


А-1 


ARTICLE 3. CONTRACT PRICE 


3.1 -OWNER shall pay CONTRACTOR as provided in the attached Proposal for 
performance of the Work in accordance with the Contract Documents. 


ARTICLE 4. PAYMENT PROCEDURES 


Progress payments and retainage under this Contract are governed by the 
provisions of РА 1980, No. 524 (MCLA 125.1561 et seq.). That Асе "is 
incorporated herein by reference and made a part of this Contract. Without 
excluding any provisions of the Act from this Contract, but in order to comply 
therewith and summarize certain provisions, the following shall apply: 


4.1 The person representing the CONTRACTOR who will submit written results 
for progress payments shall be: Gregory Fleming, Vice Pres. 


———— ——————————— $$$ $$ 


4.2 The person representing the OWNER_ to whom requests for, progress 
payments are to be submitted shall be: C. Ei = коес 


SEN CIN БЕРУ? Us o а p È 





а The | CONTRACTOR's representative, listed above, shall submit 
Applications for Payment on the form provided in the Contract Documents 
in accordance with Article 14 of the General Conditions. Applications 
for Payment will be processed as provided in the Ceneral Conditions. 


ARTICLE 5. CONTRACTOR'S REPRESENTATIONS 


In order to induce ONWER to enter into this Agreement, CONTRACTOR makes the 
following presentations: 


5.1 CONTRACTOR has familiarized himself/herself with the nature and extent 
of the Contract Documents, Work, locality, and with all local conditions 
and federal, state and local laws, ordinances, rules and regulations that 
іп апу manner may effect cost, progress or performance of the Work. 


CONTRACTOR hes studied carefully all reports of investigations and 
ts of subsurface and latent physical conditions at the site or otherwise 
affecting cost, progress or performance of the Work which were relied 
n in the preparation of the Plans апа Specifications and which have 


у 


been identified іп “Бе oup 


Di 
tes 
itt 


upon 
olemental Generai 2onditions. 


5.3 CONTRACTOR has made or caused to be made examinations, investigations 
tests and studies of such reports and related data in addition to those 
referred to in Paragraph 5.2 as he deems necessary for the performance 
Of ther Work at. the Contract Price, within athe Contract Time ang oin 
accordance with the other terms and conditions of the Contract Documents; 
and no additional examinations, investigations, tests, reports or similar 
data are or will be required by CONTRACTOR for such purposes. 


5.4 CONTRACTOR has correlated the results of all such observations, ex- 
aminations, investigations, tests, reports and data with the terms and 
conditions of the Contract Documents. 

5.5 CONTRACTOR has given ENGINEER written notice of all conflicts, errors 
or discrepancies that he has discovered in the Contract Documents апа 


the written resolution thereof by ENGINEER is acceptable to CONTRACTOR. 


ARTICLE 6.  CONTRACT DOCUMENTS 
The Contract Documents which comprise the entire Contract between OWNER and 
CONTRACTOR are attached to this Agreement, made a part hereof and consists 
of the following: 
6.1 Bidding Requirements (including the Advertisement for Bids, Instruc- 
tions to Bidders, Proposal, Legal Status of Bidder, and other Documents 
listed in the Table of Contents thereof). 
6.2 This Agreement 
6.3 Performance and Other Bonds 
6.4 Notice of Award 


6.5 Notice to Proceed (if issued) 


6.6 Conditions of the Contract (including General Conditions, Supple- 
mental General Conditions and EDA Supplemental General Conditions). 


6.7 Specifications bearing the title "Summit Industrial Park." 


6.8 Plans consisting of sheets numbered 1 through 74 inclusive with each 
sheet bearing the following general title: "Summit Industrial Park." 


6.9 Addenda numbers 1 to 2 , inclusive. 


6.10 Documentation submitted by CONTRACTOR prior to Notice of Award. 
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LEGAL STATUS 
OF BIDDER 


This proposal is submitted in the name of: 


(Print) Fleming Excavating, Inc. 





. The undersigned hereby designates below his business address to which all 
notices, directions or other communications may be served or mailed: 








Street RR#3 Box 245A 
City Decatur 
State Indiana Zip Code 546733 





The undersigned hereby declares that he has legal status checked below: 
( ) INDIVIDUAL 
( ) INDIVIDUAL DOING BUSINESS UNDER AN ASSUMED NAME Е 
E CO-PARTNERSHIP | | | 
The Assumed name of the Co-Partnership is теседі їп the County 


OLA a MM МӘ eae · Indiana 


tx 2 CORPORATION INCORPORATED UNDER THE LAWS OF THE STATE OF 
е ос 5. 9-0. нее. The Corporation is 


(X ) LICENSED TO DO BUSINESS IN INDIANA 
( ) NOT NOW LICENSES TO DO BUSINESS IN INDIANA 


The name, titles and home addresses of all person who are officers or Partners 
in the organization are as follows: 





NAME AND TITLE: | HOME ADDRESS 

Allen Fleming, President . RR#3 Decatur IN 46733 
Gregory Fleming, Vice Pres. — RR#3 Decatur, IN 46733 
Signed. and sealed this 27th day of February . ., 1985 .. 






By- 
(Signatur 


. Allen Fleming 


Printed Name of Signer 


- -President 
Title 


LSB-1 
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PERFORMANCE BOND 


KNOW ALL MEN BY THESE PRESENTS, THAT 


Fleming Excavating, Inc. 


then = Maite Dt ———————————— 


(Name of Contractor) 


RR#3 Box 245A Decatur, IN 46733 
(Address of Contractor) 
a corporation hereinafter called Principal, 
and EMPLOYERS INSURANCE OF WAUSAU A Mutual Company 


(Name of es 


and duly authorized to transact business in the State of Indiana, hereinafter 


called Surety, are held firmly bound unto the City of Fort Wayne, Indiana, 
One million, four hundred eighty- 


an Indiana Municipal Corporation in the penal sum of one thousand, six hundred sixty- 
1,481,662.22 
wo and twenty two cents Dollars (5 )(value of work) for the payment whereof 


well and truly to be made, the Principal and the Surety bind themselves, their 
heirs, executors, administrators, successors and assigns, jointly and severally 


firmly by those present. 
The condition of the foregoing obligation is such that: 


WHEREAS, the Principal entered into certain contract with the City of Fort 


Wayne, Indiana, dated Һе 19+ұр day of March > 1985 , for construction 
of: 


\ "SUMMIT INDUSTRIAL PARK" 
NOW, THEREFORE, if the Principal shall well, truly and faithfully perform its 
duties, all the undertakings, covenants, terms, condititions, and agreements of 
said contract during the original term thereof, and any extensions thereof which 
may be granted by the Owner, with or without notice to the Surety and during the 
one year guaranty period, and if he shall satisfy а11 claims and demands incurred 
under such contract, and shall fully indemnify and save harmless the Owner from 
all costs and damages which it may suffer by reason of failure to do so, and 
shall reimburse and repay the Owner all outlay and expense which the Owner may 
incur in making good any default, then this obligation shall be void; otherwise 


to remain in full force and effect. 
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“ 


IN WITNESS WHEREOF, this instrument is executed іп 3 counterparts, 


(number) 


each one of which shall be deemed an original, this _ 49th day of March 


1985 _; 


ATTEST: 


4 D у f [ 
> a QA Ea Jd a <. 7, 


(Principal) Secretary 









[SEAL] 
/, ^ E. 
Ro» PRA. CIT V.Pres. 





(Witne$s as to Principal 


RR#3 
(Address) 





Decatur, IN 46733 









ATTEST: 


(Surety) 


[SEAL] 





to Surety 


5010 Bowser Street 


2 У ee SA ————————— 


(Address) 


NOTE: 


Fleming Excavating, Inc. 
(Principal) 





Men TE, [s] 


нн#3 


Box 245A 
(Address) 
Decatur, IN 46733 


о 


(Surety) 


feu 


Ву: Attorney-In-Fact, Steve Reith 
2200 Lake Avenue, Suite 105, Box 5759 
Fort: Wayne, IN. 468 

(Address) 





Date of Bond ust not be prior to date of Contract. 


If Contractor is Partnership, all partners should execute bond. 
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WARNING 


THIS IS NOT A VALID POWER OF ATTORNEY IF THIS STATEMENT DOES NOT APPEAR IN RED INK. 


No. 219-043- 00020 
‘EMPLOYERS INSURANCE OF WAUSAU А Mutual Company 


POWER OF ATTORNEY 


KNOW ALL MEN BY THESE PRESENTS: 

That the EMPLOYERS INSURANCE OF WAUSAU A Mutual Company, a corporation duly organized and existing under 
the laws of the State of Wisconsin, and having its principal office in the City of Wausau, County of Marathon, State of 
Wisconsin, has made, constituted and appointed, and does by these presents make, constitute and appoint __________ 


i. ai SIEVE КЕТТИ 


its true and lawful attorney-in-fact, with full power and authority hereby conferred in its name, place and stead, to execute, 
seal, acknowledge and deliver ANY OR ALL BONDS, UNDERTAKINGS, RECOGNIZANCES OR OTHER WRITTEN 
OBLIGATIONS IN THE NATURE THEREOF NOT TO EXCEED THE PENAL SUM OF TWO MILLION 


FIVE HUNDRED THOUSAND DOLLARS ($2,500,000). 








and to bind the corporation thereby as fully and to the same extent as if such bonds were signed by the President, sealed with 
the corporate seal of the corporation and duly attested by its secretary hereby ratifying and confirming all that the said 
attorney-in-fact may do in the premises. 
This power of attorney is granted pursuant to the following resolution adopted by the Board of Directors of said Company ata 
meeting duly called and held on the 18th day of May, 1973, which resolution is still in effect: 
“RESOLVED, that the President and any Vice President — elective or appointive — of EMPLOYERS INSURANCE OF 
WAUSAU A Mutual Company be, and that each of them hereby is, authorized to execute powers of attorney qualifying 
the attorney named in the given power of attorney to execute on behalf of EMPLOYERS INSURANCE OF WAUSAU A 
Mutual Company bonds, undertakings and all contracts of suretyship; and that any secretary or assistant secretary be, 
and that each or any of them hereby is, authorized to attest the execution of any such power of attorney, and to attach 
thereto the seal of EMPLOYERS INSURANCE OF WAUSAU A Mutual Company.” 
“FURTHER RESOLVED, that the signatures of such officers and the seal of EMPLOYERS INSURANCE OF WAUSAU 
A Mutual Company may be affixed to any such power of attorney or to any certificate relating thereto by facsimile, and 
any such power of attorney or certificate bearing such facsimile signatures and facsimile seal shall be valid and binding 
upon the EMPLOYERS INSURANCE OF WAUSAU A Mutual Company when so affixed and in the future with respect 
to any bond, undertaking or contract of suretyship to which it is attached.” 
IN WITNESS WHEREOF, EMPLOYERS INSURANCE OF WAUSAU A Mutual Company has caused these presents to be 
signed by the vice president and attested by its assistant secretary, and its corporate seal to be hereto affixed this__1ST дау 
of SEPTEMBER o В 





EMPLOYERS INSURANCE OF WAUSAU A Mutual Company 











R. D. Farnsworth Vice President 


Attest: 


D. J. Borrell 
STATE OF WISCONSI ) 


) ss 
COUNTY OF MARATHON ) 
On this IST day of |. | SEPTEMBER 


R. D. Farnsworth , to me known, who being by me duly sworn, did depose 
and say that he is a vice president of the EMPLOYERS INSURANCE OF WAUSAU A Mutual Company, the corporation 
described in and which executed the above instrument; that he knows the seal of said corporation; that the seal affixed to said 
instrument is such corporate seal and that it was so affixed by order of the Board of Directors of said corporation and that he 
signed his name thereto by like order. 


IN WITNESS WHEREOF, I have hereunto set my hand and affixed my official seal the day and year herein first above 
written. 


Assistant Secretary 


. 198 2..., before me personally came 











Donna Lutzow Notary Public 
NOTARY PUBLIC 
STATE OF WISCONSIN 
MY COMMISSION IS PERMANENT 


CERTIFICATE 


STATE OF WISCONSIN ) 

CITY OF WAUSAU ) ss. 

COUNTY OF MARATHON ) 

I, the undersigned, assistant secretary of EMPLOYERS INSURANCE OF WAUSAU A Mutual Company, a Wisconsin 
corporation, do hereby certify that the foregoing and attached power of attorney, WHICH MUST CONTAIN A VALIDAT- 
ING STATEMENT PRINTED IN THE MARGIN THEREOF IN RED INK, remains in full force and has not been 
revoked; and furthermore that the resolution of the Board of Directors set forth in the power of attorney is still in force. 


Signed and sealed in the City of Wausau, Marathon Counjy, State of Wisconsin, this — 19th |.  / аау 


of March ; 19. 85 












ЖЕ 5% D. J. Borrell Assistant Secretary 
Н С (реши 
Қ ЗЕДІ, 2) 

SG 


NOTE: IF YOU HAVE ANY QUESTIONS REGARDING THE VALIDITY OR WORDING OF THIS POWER OF 


AMYNADATING OAT Y MATT TANT ONN OAN 1701 ТАТ VTTOCZOZANTOTNT. MATT /ОГ\Г\\ 470 АЛАТА 


1950-09-063177-С 
LABOR and MATERIAL PAYMENT BOND 
KNOW ALL MEN BY THESE PRESENTS: that: 2 


Fleming Excavating, -Inc.----------------- 
(Name of Contractor) 


RR#3 Box 245A Decatur,--IN--- 46733. . 
(Address of Contractor) 
a Corporation 2% Ж ‚ hereinafter called Principal, and 


EMPLOYERS INSURANCE OF WAUSAU A-Mutual Compan 
(Name of Surety) 






and duly authorized to transact business in the State of Indiana, hereinafter 
called Surety, are held and firmly bound unto the City of Fort Wayne, an Ind- 
іапа Municipal Corporation in the penal sum of 
One million four hundred eighty-one thousand, six hundred. sixty two 22/100 Dollars 
1 A 662 ), (value of work) for the payment whereof well and truly to be 
> паде, thé Principal and the Surety bind themselves, their heirs, executors, 
administrators, successors and assigns, jointly and severally, firmly by these 
presents. 


THE CONDITION OF THIS OBLIGATION is such that whereas, the Principal entered 
into a certain contract with the Owner, dated the 19th day of 
March 1985-., for the construction of: 





"SUMMIT INDUSTRIAL PARK" 


all according to City of Fort Wayne's Bid Specifications, Drawing No. SY11134, 
Sheets 1 through 74 and special provisions. 


WHEREAS, said Surety, for value received, hereby stipulates and agrees that 
no change, extension of time, alteration, or addition to the terms of the 
contract or to the work to be performed thereunder, or the specifications 
accompanying the same shall in any way affect its obligation on this bond, 
and it does hereby waive notice of any such change, extension of time, 
alteration or addition to the terms of the contract, or to the. work sor to 
the specifications, and 


WHEREAS, no final settlment between the Owner and the Contractor shall abridge 
the right of any beneficiary hereunder, whose claim may be unsatisfied. 


NOW, THEREFORE, if the Principal shall promptly make payment to all persons, 
firms, subcontractors, and corporations furnishing materials for or performing 
labor in the prosecution of the work provided for in such contract, and any 
authorized extension or modification thereof, including all amounts due for 
materials, lubricants, oil, gasoline, coal and coke, repairs on 
machinery,equip- | 


ІМВ-1 


ment, and tools, consumed or used іп connection with the construction of 
such work, and all insurance premiums on said work, and for all labor, performed 
in such work whether by subcontractor otherwise, then this obligation shall 
be void; otherwise to remain in full force and effect. | 


IN WITNESS WHEREOF, this instrument is executed in 3 counterparts, each 
(Number) 


one of which shall be deemed an original, thisi9Qthday of March А 
198 5 


ав 


Fleming Excavating, Inc. 
У) B 






DIRMI IU 
ADL Жа» АМ PAULAN 74 
аа. Secretary Principal 


[SEAL] By Allen Fleming, President [s] 
RR#3 Box 245A 


-- Decatur, IN 46733 
Address 


regent ee in-Fact Steve Reith 


Address 


Fort Wayne, IN. 46895.... 








(Address) 





NOTE: Date of Bond must not be prior to date of Contract. 
If Contractor is Partnership, all partners should execute bond. 


NON-COLLUSION AFFIDAVIT OF PRIME BIDDER 


STATE OF Indiana ) 
decus. ) -SS LM -.- > : E 22 да 
county or Adams ) 


— Allen Fleming 
says that: 


» being first duly sworn, deposes and 


(1) He/S&& is | President | of Fleming Excavating, Inc 
the Bidder that has submitted the attached Bid: 
(2) He/StE is fully “informed respecting the preparation and contents of- the 
attached Bid and of all pertinent circumstances respecting such Bid: 
(3) Such Bid is genuine and is not a collusive or sham bid: 


(4). Neither the said Bidder nor any of its officers, partners, owners, agents, 

‘has in any way colluded, conspired, connived or agreed, directly or 
CD indirectly with any other Bidder; firm or person to submit-a collusive 
| or sham bid in-connection with the Contract for which the attached Bid 
has been submitted or to refrain from bidding in connection with such 
Contract, or has іп any manner, directly or indirectly, sought by agreement 
or collusion or communication or conference with any other Bidder, firm 
. or person to fix the price or prices in the attached Bid or of any other 
Bidder, or to fix any overhead, profit or cost element of the Bid price 
. or the Bid price of any other Bidder, or to secure through any collusion, 


conspiracy, connivance or unlawful agreement any advantage against the 


Owner 8 Желе, ш 
Ft. Wayne, Indiana Board ог . 


(5)- Тһе price or prices quoted in the attached Bid are fair and proper and 
` are not tainted by any collusion, conspiracy, connivance or unlawful 
agreement on the part of the Bidder or any of its agents, representatives, 


—_—_-owners,.-employees-or—parties in interest, including this affiant. 


(Signed) Z ы 
b- HUY AN (Title) President 
Subscribed and sworn to before me this 27thday of Feb А 





1985. 





NCA-1.My Commission Expires: 1-25-80 


CERTIFICATE IN LIEU ОЕ FINANCIAL STATEMENT 





TL: Allen Fleming , the 
President of Fleming Excavating, Inc. 
Position Company 


hereby certify: 


212 That the Financial Statement of said company, dated the 31 day of 
March , 198% , now on file in the office of the Board of Public Works 
Ries Safety is by reference incorporated herein and made a part hereof, 


is a true and correct statement and accurately reflects the financial 
condition of said company as of the date hereof: 





2. That I am familiar with the books of said Company showing its financial 
condition and am authorized to make this certificate on its behalf. 







DATED; Feb. 27, 1 8 


Signature 


President 
Title | 


SUBSCRIBED AND SWORN to before me, а Notary Public, in and for said 
County and State, this 27 day of February 19835. 


- 


Pa 
/ мес-- 
t 


Notary Public Roberta D. Isch 


Resident of Adams County 


My Commission Expires: 


1-25-89 


FS-1 


CERTIFICATION OF NON-SEGREGATED FACILITIES 


The bidder certifies that he/she does not maintain or provide for his/her 
employees, any segregated facilities at апу of his/her establishments, and that 
he/she does not permit his/her employees to perfrom their services at any location, 
under his/her control, where segregated facilities are maintained. The bidder 


` certifies further, that he/she will not maintain or provide for his/her employees 


any segregated facilities at any of his/her establishments, and that he/she will 
not permit his/her employees to perform their services at any location under 
his/her control, where segregated facilities are maintained. The bidder agrees 
that a breach of this certification will be a violation of the Equal Opportunity 
Clause in any Contract resulting from acceptance of this bid. As used in this 
certification, the term "segregated facilities" means any waiting rooms, work 
area, restrooms and washrooms, restaurant or dressing areas, parking lots, drinking 
fountains, recreation of entertainment areas, transportation and housing facilities 
-provided for employees, which are segregated by explicit directive or are in 
fact, segregated on the basis of race, color, religion or national origin, because 
of habit, local- custom, ог otherwise. . The bidder agrees that (except where 
he/she has obtained identical certification from proposed : subcontractors for 
specific time periods), he/she will obtain identical certification from proposed 
“subcontractors prior to the award of subcontracts exceeding $10,000.00, . which 
are not exempt from the provisions of the Equal Opportunity јавне. ‘and that | 
“he/she will retain such certification їп his/her files. 5 


КОТЕ: Тһе penalty for making false statements in offers, is prescribed in 18 
U.S.-1001. s 2 





DATE Febe 27 „19859. 
e Fleming Excavating, Inc. 
Name of Bidder 
p Title _ President 
. RRÉ3 Box 245A Decatur, Но ---.- __. - Zip Code #6733 


Official Address 





МЅЕ-1 


It is the policy of _ Fleming Excavating, Inc. 
(Company) 





that equal employment opportunity be afforded to all qualified persons, without 
regard to race, religion, color, sex or national origin. 


In support of this policy, | We 3 





will not discriminate against any employee, or applicant for employment, because 
of race, religion, color, sex or national origin. 


Тһе Fleming Excavating, Inc. 
(Company) 


will take affirmative action to insure that applicants are employed, and that 
employees are treated during employment without regard to their race, religion, 


color, sex, or national origin. Such action will include, but not be limited 
to:- 


Recruitment, advertising, or solicitation for employment, 
hiring, placement, upgrading, transfer, or demotion of 
pay, or other forms of compensation, layoffs, or termination. 


LM E: 5 Fleming. Excavating, Inc. 
; Name of Company 


47% (206,4. А х • Ргез. 
5 Signature of Comp Official 


CERVI Mir. E Eu February 27, 1985 
- - - Ў |^ A Date 
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MBE/WBE STATEMENT 
for 
City of Fort Wayne, Indiana 


"Summit Industrial Park Project" 
Contract No. 74-150-2 


Bid Date: 2/27/85 


The undersigned firm certifies that it is an MBE/WBE Contractor 
(cross inapplicable provision). 


“For MBE specify percentage of minority ownership 7 
For WBE specify percentage of women ownership 1 


The undersigned certifies that they аге joint venture іп which 
the following (MBE/WBE) firm 


(cross out inapplicable: provision) is a joint venture partner. 


The `МВЕ/ИВЕ firm (cross out’ inapplicable provision) shall ‘have 
7 participation (employees) % participation (costs) 
in this project. 


Specify the percentage of minority/women ownership in the MBE/WBE 
firmus 2(сгоѕѕ out inapplicable provision). 


The undersigned commits 7- % of the total bid price ав а subcontract 
to minority business enterprise participation. The MBE firms, which are 
proposed as subcontractors are the following: 


Name of Firm Address Type of Work 
1. Not confirmed at time of bid. 
The undersigned commits 2 2% of the total bid price as а subcontract 


to women business enterprise participation. The WBE firms proposed as sub- 
contractors are the following: Ба 





Наше of Firm TOT. Вай = -Address Type of Work 


1. Ne£—eenfirmed attire of bid. 
z Lunsod Теиес/мс Ди: 72аес; NG 


Complete (1) and (2) below if participation goals of 7% MBE and 2% WBE have 
not been met. 


MWBE-1 










Cubuk. 


ы- 





477 


е А 4 ue D (4 ^ 

лоб -NO ( ta 270 : ; 

2. Ме have taken the following steps in an attempt to comply with these 
participation goals: 





--. (attach additional sheets as necessary) 


Ine e 


CONTRACTOR Fleming Excavating, CONTRACTOR — TE 















ву Ву ES г 
Title President . 2... ____ Title Ai 











Minority/Female Statement 
for 
City of Fort Wayne, Indiana 


"Summit Industrial Park Project" 


Contract No. 74-150-2 
Bid Date: 2/2 


A. ‘The undersigned firm certifies that it will employ and utilize minorities 
and females and/or will ensure that its subcontractors employ and utilize 
- minorities and females so that minorities and females will work at least 
8 10 % of the total hours worked оп this project. 





В. Complete. (1) and (2) below if the hourly utilization figure set forth in 


"AM ig less than- 174. > 


med". 


2. 


My Company and its subcontractors cannot meet the 17% minimum hourly 
utilization figure for the following reasons: 


_At this time our company does not have 17% of its ____ 
workforce being ninority and/or female. For this job, 


additional employees will probably not be required, 








My Company has taken the following steps in an attempt to comply with 


the 17% hourly utilization figure: 





If additional employees are required, minorities 


and/or females will be solicited and considered for 





employment on this job with the goal of 1 in mind. 


D 


Hrs Use ак 0 27 LÀ 
геш леде, h (Стра? ч also Ciis mt селесі; 
үш CONS Nf) fade огл ко | 


Contractor Fleming Excavating,. Inc... 


By 


Title 








President 


MF/1 


Contractor to complete the following Certificate if equal employment statement 
and affirmative action program have been previously filed with the CITY 
OF FORT WAYNE. If contractor does not have such statements on file, they 
must be filed prior to submission of bids. 


CERTIFICATE IN LIEU OF 


PUR . .. — EQUAL EMPLOYMENT STATEMENT AND 


I, 


of 


AFFIRMATIVE ACTION PROGRAM 





Allen Fleming E , the | President 
(name) |J (position) 
Fleming Excavating, Inc. x5 


(company) 


hereby certify: 


18 


That the Equal Employment -Statement and the Affirmative Action Program 
of said Company, dated the 2nd дау of March 

19 84 ‚ is now on file with the Equal Employment Opportunity Office 
of the City of Fort Wayne, Indiana. 


That the Equal Employment Statement and the Affirmative Action Program 
has been approved by the Equal Employment Opportunity Officer of the 
City of Fort Wayne, Indiana. 


That said company is/is not Signatory to the Fort Wayne and Area Plan 
either by direct agreement to the Plan or by virtue of a contract agree- 
ment with a Union that is signatory to the Plan. 


DATE: February 27, 1985 





STATE OF INDIANA ) 
COUNTY OF ALLEN ) 





Before me, the. undersigned, а Notary Public, in and for said County. 
and State personally. appeared Allen Fleming and acknow- 
ledged the execution of the foregoing as and for their/his voluntary 
act and deed for the uses and- purposes, contained. 







Notary Public Roberta D. Isch 
Adams County, Indiana 
1/25/89 


$ 


2 r 
orm Е0-524 е B U.S. DEPARTMENT QF COMMERCE 
CAE V. 8-60) ECONOMIC DEVELOPMENT ADMINISTRA TION OMB Approval Not Required · 


CERTIFICATION OF COMPLIANCE WITH THE CLEAN AIR 
ACT AND THE FEDERAL WATER POLLUTION CONTROL ACT 
42 USC 7401 et seq.. 33 USC 1251 et seq., Е.О. 11738 


Summit Industrial Park Project Nümber: 74-150-2 


Name of Project: 
Ft. Wayne, Allen Co., Indiana - 


i с 
Location: (City, county, state) 


The UNDERSIGNED Certifies that: - Тш» 


(a) itis either (1) Xx acp oso c бок хапки AC E КАЗНЕ EX деди De X оро ne Y eere М ЛК 
(2) a bidder for a construction, service or supply contract to be entered into 5y the recipient of EDA 
assistance for the purpose of accomplishing the project noted above, or (3) LEMZA YO УНИОН 

ххиахкихжехкикхих | з c en щл жй 555 Е ЗЕ. е 

(b) ав such, those facilities under its ownership, lease ог supervision which will be utilized in the 
accomplishment of the project noted above are not listed on the Environmental Protection Agency’s 
(EPA) List of Violating Facilities, pursuant to Section 15.20 of 40 CFR, Part 15; and 


(c) it will notify the Economic Development Administration, if the UNNERSIGNED is an applicant, or 
notify the recipient of the EDA-financial assistance, if the UNDERSIGNED is а bidder, of the receipt 
of any communication from the Director-of the EPA Office of Federal Activities indicating that a | 
facility to be utilized in the project is under consideration for listing on the EPA List of Violating 
Facilities. 8: 


< 






President March 18, 1985 


ized Representative? Date 





Signature and Title о Applicant's 
Contractor's/Subcontractor's Aut 


for Fleming Excavating, Ino... — 
KHEN] Contra ctor/ Spee WRI IK 


ACKNOWLEDGEMENT 


L Gregory Fleming „аз Vice-Pregident of 
7 е 

enine Excavetin eae” do hereby certify that the foregoing officer who executed the 

certification has full authority to bind that entity. In witness whereof | set my hand and affix the (corporate, 

state, county, or municipal)* seal this A8thday of March —____, 19-85 


ИИИ ER е 
Name and Title of Individual 


SEAL 


NOTE: The above acknowledgement must be executed by a different officer than the person who 
signed above for the entity. HOWEVER, if such entity represents a single owner, or а proprietor- 
ship, or a partnership, then the acknowledgement need not be executed. 


* STRIKE OUT INAPPROPRIATE REFERENCES 
USCOMM-DC 80-53538-P 80 


This form for Owner's Use 
СА- 


ез 


Phase I 
Sanitary Sewers 


Phase II 


` Water Main 


Phase III 

Storm Sewers 
Street 

Street Lighting 


Phase IV 


. Detention Pond . 


Phase V 


Sidewalk, Land- 


scaping, and Site 


Structures 


Phases I through 
V 


Phase VI 
Offsite Ditch 


Summary of Proposal 


Base Bid Alternate #1 Alternate #2 


$105,645.00 $15,805.00 


$ 28,725.00 $25,075.00 


J $22,175.00 


Subtotals 


/ $143,625.00 У 


$ 522,974.06 5 167,260.58 J$ 166,093.81 / s 856,328.45. 


$186,000.00 $.. -0-... p ы E. 


5403,867.82 527,309.76 if $31,667.43 


TOTAL 


TOTAL 


a H 86.000. 00: 
Fi: 
Жш 


$462, 845. 01 v 
$1,719. 248.46 


$ 17, 500.00 V 


Q^. 
o. ^ ам! 4 


